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SPECIAL ORDINANCE 


NO. s- 


AN ORDINANCE approving an Agreement with 
BERCOT INC. for construction of a water 
line in Woodland Acres Addition. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. The Agreement approved February 13, 1973, 
between the City of Fort Wayne, by and through its Mayor and 
the Board of Public Works, and BERCOT, INC. for installation of 
a water line, to be constructed and installed as follows: 


1770+ feet of 6 inch water main in and along the north 
side of Oakwood Dr., from the west property line of 
Hessen Cassel Road to the west property line of Lot 
16, also along the west side of Waycross Dr., from the 
north property line of Oakwood Dr., to the north property 
line of lot 19, all in Woodland Acres Addition. And said 
water main with all its appurtenances shall be constructed 
in accordance with the profile and specifications now on 
file in the office of the Department of Public Works of 
said City. 

for a total cost of $20,141.10 on which the City will be paying 
$2,016.70 with balance paid by property owners, all as more 
particularly set forth in said Agreement, which is on file in 
the Office of the Board of Public Works, and is by reference 


incorporated herein and made a part hereof, is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full forehand 
effect from and after its passage and approval by the Mayor. 


, M ^ 


Councilman 


APPROVED AS TO FORM 
Atto LEGALITY, 

/•' £ 1 i S -t 2 - 


C!T, 




_, seconded by- 


Read the first time in fall and on motion by 
3-'— 3^-', and duly adopted, read the second time by title and referred 

( a,nd^tg^fhe City 


to the Committee on 

Plahr-GoaBissiQ^eQ r reoomm o ndat i on) and I ibE b ro -ggafing "to be he Td ~ after vfae-d^gal 
notice-, --at-~yie-4^3une±TrH3tiH]fbCT : gy'ti7ty-GQunty~ on 


ry -~ the 


o 1 clocfc-^-o M o TE l S l T T ~~ 

Date; / - "7-J3 



CITY CLERK 


Read the third time in fall and on motion by _ 
seconded by __ — _ //Z . and duly adopted, placed, on its passage. 


Passed (HSF) by the following vote; 

O . 


AYES 


BURNS 

HINGA 

KRAUS 

NUGKOLS 

MOSES 



NAYS 


ABSTAINED 


ABSENT 


to-wit ; 



Date: 


33 -/3-X3 



CITY CLERK 

Passed, and adopted by the Common Council of the City of Fort Wayne, Indi ana , 
as (Zoning ^Mapj—CGe ner al) (Anne xation) (Special) (Apprepriat±on) Ordinance (fiesoiaMGjO- 

No » ~~ 3 -/ / on the /3 .- ^^dav of /£ - /'19 y?j£ 

. 



ATTEST; 


(SUL) 



day of 


CITY CLERK 

S "" L / _/ 

Presented by me to the Mayor of the City of Fort Wayne, indianVlon. the / / /^' 

y 

at the ifour^&f ^ 


y 


19xff , 


o' clock 


__M.,E.S.T, 



Approved and signed by me this d av of 

at the hour of //, hii o'clock /Z M 0 .E,S„T,. 


CITY CLERK 


., 19?v£_ 





MAYOR 


t-A 




Bill No. S-73-02-21 


REPORT OF THE COMMITTER ON PUBLIC WORKS 

We 3 your Committee on Public Works to whom was referred an Ordinance 

approving an Agreement with BER.COT INC, for construction of 

a water line in Woodland Acres Addition 


have had said Ordinance under consideration and beg leave to report back to the Common 


Council that said Ordinance 


James S. Stier - Chairman 


PASS, 


Eugene Kraus, Jr. - Vice-Chairman 
Samuel J. Talari co 

William T. Hinga 

Vivian G. Schmidt , 



C °NOJRRED in 

DATt^li CHARLES W. WESTERMAN; CITY CLERK 


As you will note on the tabulation sheet, Simmons and Brady Excavating 
was the low bidder on the project. After the bidding, they notified 
the Board they did not realize property owners would be allowed to bond 
their assessment and refused the award. Rather than forclose on their 
bond, the Board is permitting them to pay the difference between their 
low bid and the bid of the second low bidder (Bercot, Inc.) the amount 
being $671.40. 


Breakdown on Total Project 


Contractor 
Utility Taps 


Engineering Fees 
Advertising 
Permit Fees 


$20,141.10 

3.750.00 (To be done by City Utilities 

Water Construction Dept, at 
$150.00 each) 

1.770.00 

50.00 

10.00 


Less 


$25,721.10 

671.40 


Total Cost of 

Project $25,049.70 


City's share of $2,016.70 is for construction of connecting main with 
mains on adjacent and paralleling streets to create a looped system 
for benefit of all in the area. 


-tk ~r 'x' ~o> a np 

W H N | 'A. I M M Z_» a It 

\j X ^ .X JL%. A Jl v_j JL 


A TMTA TlfWn 


.r/ vi/- 7 


A A. _L >« 


Ji-J< JL Nj 


Zkis ^Agreement, 


Made and entered into as of the. 



19. ,.Z~L, by and between 


day of 


Bercot, Inc. 

the County of Allen and State of Indiana, party of the first part, and the City of Fort Wayne, County of 
Allen, State of Indiana, by and through its Board of Public Works, party of the second part, under and by 
virtue of an Act of the General Assembly of the State of Indiana, entitled “An Act Concerning Improve- 
ments, in or for the benefit of recorded platted additions to and/or within cities and towns.” Approved 
May 16, 1927, and the provisions of all acts amendatory thereto and supplemental thereof. 

WITNESSETH, That the party of the first part covenants and agrees to construct 

1770+ feet of 6 inch water main in and along the north side of Oakwood Dr., from the 
west property line of Hessen Cassel Road to the west property line of lot 16, also 
along the west side of Waycross Dr., from the north property line of Oakwood Dr., to 
the north property line of lot 19, all in Woodland Acres Addition. And said water main 
with all its appurtenances shall be constructed in accordance with the profile and 
specifications now on file in the office of the Department of Public Works of said City. 


for the Following Prices 


/ 

,/BID-: 


Item 

1. 


2 . 


Quantity 

1770+ ft. 6" Cast Iron Water Main 
3 Each Fire Hydrant Assy. , Type II w/box 


Unit Price 


Extension 




/4 


3 


, 033- & 


0 

D • 

2 

Each 

6” 

A. 

1 

Only 

6" 

5. 

1 

Only 

6" 

6. 

1 10 

1 Lin 

Ft. 

7. 

55 

Lin. 

Ft. 

7 

8. 

95 

Lin. 

Ft. 

9. 

105 

Lin 

. Ft. 

10. 

111 run. 

1525 Li: 

n. Ft 


/n 




3 


. C' t ' 


/JP-7 

/ </ / 


/f 7x>Z> 


c?\ c? o 


/ tr£ 


5 /s 


/ c Tt? 

Hai * 


£// 7 : 




f? 


A££- 


■b7 




The said party of the first part further agrees to do and perform all of said work to the entire satis- 
faction of the Board of Public Works and to complete the same within .?.9 days after the 

date of Execution of this contract. To each of the conditions and stipulations of this contract the under- 
signed bind themselves, their successors and assigns. 


IN WITNESS WHEREOF, We, the foregoing named parties hereunto set our hands this 


5th 



KNOW ALL MSN BY THESE PRESENTS, That we 


Bercot, Inc. 


as principal and ...Gs.n.6X.S.l..A.RSurance_._Comj) i any of __Araerica 


as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of 

Twenty Thousand One Hundred Forty One and 10/100 Dollars ^ 20,141.10 ) 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligations are such, that if the above named party of the first part 

shall faithfully comply with the foregoing contract made and entered into the 

day of , with the City of Fort Wayne, Indiana, and shall faithfullly 

fulfill all the conditions and stipulations therein contained including the payment of vendors’, suppliers 
and sub-contractors’ bills, except the warranty and guaranty of the water main as to the workmanship, 
material and condition for the period of One (1) year, according to the true intent and meaning thereof 
in all respects, then this obligation to be void, other wise to be an remain in full force and virtue in law 
and in the event the said City shall extend for the completion of said work, such extension shall not in 
any way release the sureties of this bond. 


Witness our hands and seals this.... day of 19..7.7 



The Contractor will furnish immediately a certificate from the Industrial Board of the State of 
Indiana, that he has complied with Sections 5, 68, 69 of the Workmen’s Compensation Act, approved 
March 14, 1929, in accordance with Section 14 of the Compensation Act (Acts 1929, page 545, being Sec- 
tion 9459 of Burns Annotated Statutes Volume IV). (Section 40-1214 Burns Annotated 1952 Revision — 
Volume VIII). 

A copy of General Ordinance No. G-60-66, concerning discriminating in employment under munici- 
pal contracts, is attached and incorporated herein by reference. 


Contractors 




ARANTY 



KNOW ALL MSN BY THESE PRESENTS, That we 


Bercot, Inc. 


as principal and ...General., Insurance .Company, of ..America 


as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of 

Twenty thousand one hurdred forty one and 10/100 Dollars ^ $20,141.10 ^ 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators, and assigns firmly by these presents. 

The conditions of the above obligations are, that whereas the said 

Bercot ? Inc „ 


did on the 5.ub. day of * E e.b.r.ua .r.y. .... 1 3.7.3 enter into a contract with the City 

of Fort Wayne, Indiana, by and through its Board of Public Works, for the construction of a water main 

in and along ..J.ZZP.t. ?.f.. .6. Fafej.. main .. in . and. along., the. .no.rt.h..5.i.da.. of... Qakw.aad..D.r. 

from the west property line of Hessen Cassel Road to the west property line of lot 16, 
also along the west side of Waycross Dr., from the north property line of Oakwood Dr., 

to the north property line of lot 19, ail in Woodland Acres Addition. And said water 
main with all its appurtenances, shall be constructed in accordance with the profile 

and specifications now on file in the office of the Department of Public Works of said 

City. 


according to certain plans and specifications, and also warranting and guaranteeing the work, material 
and conditions of the water main as provided in the aforesaid contract, plans and specifications. 


Now, if the said 


Bercot 


Inc . 


shall faithfully perform and fulfill all the requirements of said war- 
ranty and guaranty, and make all repairs required under said guarantee, and in the manner provided for, 
then this bond to be null and void otherwise to be in full force and effect. 

WITNESS our hands and seals this.......5t-h day of February 19. .7.3.. 



1 ’nnvi^invn’ -o.tt' ■hyttit t r\ 'Y’Yr^TYTrc' 
DEF^lii-tlUJiiN Jl \J3t rUDluV/ HUil-dO 

OFFICE OF THE BOARD 
CITY HALL 


* 


To Whom It May Concern: 


Foi’t Wayne, Inch, 


19. 


The time in which to comolete the within contract is hereby extended by the Board of Public Works 


of the City of Fort Wayne, Indiana, until 


Board of Public Works. 


DEPARTMENT OF PUBLIC WORKS 
OFFICE OF THE BOARD 
CITY HALL 


To Whom It May Concern : ■ Fort Wayne, IndL, 19 

The time in which to complete the within contract is hereby extended by the Board of Public Works 
of the City of Fort Wayne, Indiana, until 


Board of Public Works. 
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GENERAL INSURANCE COMPANY OF AMERICA 
Home Office: 4347 Brooklyn Ave. N.E., Seattle, Washington 98105 





POWER OF ATTORNEY 


No. . 


!3S8 


KNOW ALL MEN BY THESE PRESENTS: 

That General Insurance Company of America, a Washington corporation, does hereby appoint 
STANLEY HUFF 3 JR. &./ ox DONALD r « CAf'IP.bisE.r.,, rCj-C Wayne ? InclisQa* ** ~*~ 


its true and lawful attorney(s)-in-fact, with full authority to execute on behalf of the company fidelity and surety 
bonds or undertakings and other documents of a similar character issued by the company in the course of its busi- 
ness, and to bind Genera! Insurance Company of America thereby as fully as if such instruments had been duly 
executed by its regularly elected officers at its home office. 


IN WITNESS WHEREOF, Genera! Insurance Company of America has executed and attested these presents 



CERTIFICATE 

Extract from the By j Laws of General Insurance Company of America: 

"Article VI, Section 13. - FIDELITY AND SURETY BONDS . . . the Chairman of the Board of Directors, the 
President, any Vice President, and the Secretary shall each have authority to appoint individuals as attorneys- 
in-fact or under other appropriate titles with authority to execute on behalf of the company fidelity and surety 
bonds and other documents of similar character issued by the company in the course of its business. 

"The power of appointment granted in this paragraph to the officers enumerated may be exercised by each of them 
severally, regardless of the availability or unavailability of the other officers enumerated. On any instrument 
making or evidencing such appointment the signatures may be affixed by facsimile. 

"On any instrument conferring such authority or on any bond or undertaking of the company the seal, or a facsim- 
ile thereof, may be impressed or affixed or in any other manner reproduced; provided, however, that the seal shall 
be necessary to the validity of any such instiunient or undertaking. 

I, W . D. Hammers la, Secretary of General insurance Company of America, do hereby certify that the foregoing is a 
true and correct copy of Article VI, Section 13 of the By-Laws of said corporation and of a power of attorney ex- 
ecuted pursuant thereto and that both said By-Laws, and said power of attorney are still in full force and effect. 

IN WITNESS WHEREOF, I have hereunto set my hand and affixed the facsimile seal of said corporation 





S-942 R2 10/67 


PRINTED IN U.S.A. 


BID TABULATIONS FOR RESOLUTION # 1003 
WOODLAND ACRES ADDITION 
JANUARY 9? 1973 


BID: 

I tem 

1. 

2 . ' 

3. 

4. 

5. 

6 . 

7. 

8. 

9. 

10 . 

II. 


12. 


Quantity 

1770+ ft. 6". Cast Iron Water Main ' 


Unit Price 


S.l(, 

Each Fire Hydrant Assy. , Type II w/box (cQLOA 0 
Each 6" Valves . w/box . 

Only 6" Valve Restrained w/box 
Only 6" Solid Sleeve (M. J»). 

110' L'in Ft.- Driveway Stone Replacement _ 

55 Lin. Ft. Asphalt Replacement 
95 Lin. Ft. Concrete '■ Replacement 
105 Lin. Ft. 12" C. M. P.' . , 

1525 Lin. Ft.' Top Soil A Seeding- 


5 n 3. <} o 

ol ^ I 3 U o 

1 

If/ 2JZ 


' l 3.ov 

3 . a -o 


25 Each 3/4" Service taps with curb stop 

and curb box, installed to within' 7. ! of owners 

property line, in desired location of each 

property owner. Vacant lots to be installed 

in center of lot. , / ZfLciLrL 


Total Bid 

j£Z 


Inspection Hours 


COMPLETION IN DAYS 


@ $8.44 
90 DAYS 


MNC. ■ ■■ 

. BERC0T INC. 


JOHN DEHNER 

INC. 

. Extension 

Unit Price 

Extension 

Unit Price 

Extension ' 


' . £*!£JL 

/4 

* /■/,« 

/3,'z3 3-ot> 

■JlZCm - 


2, Ori 3. ^-0 

373,0 a 

) . 7 >3-o<? 

/ S-S’^ . o 

- //y^ 

37 c J:c?'& 

1 A O 7. oo 

3p£.'Sj2 

*" - i 

^o.s'Tpo 

//Ad’A’ 


"i A 70.00 

) tfo. oo 

)?7. do 



1 

1 

/ 00.00 

Aoo.oo 

" 337. s=> ' 


/f/,sb 

J.OO 

A A o.oo- 

72 -33. 7 < . 

4 /<r ■ 

7// 7^ 

: 7 /.< ' 

"' ■- ' ?o- ’A3 



/W/s>£? 


■ 3'0~P. So 

3&(>. . . 

■ 

73 

,7.39 

■ rr?3.j9 

.toi'a-.-jo 

,97 ' 

/ 

M7/ 7-7 

■ 

• ■ • ■ A. 370 Sb 

// 77 3d . oo 

- :TS 

: j <?& 

,9 7^: 

:rs 

1 

/ 73.oo 

3'P.O o-oo 

03.0/9. 7c< 

i< 

73 /;/./* 


i A? 4.7:3,2s 

2-3 o , £2// 

' ■@■$8.44 - 40 hrs. A? 2'jC" ^ 

@ $8. 44_ 32 hrs^ jSAjLSSA 


30 DAYS 


9 


£3lUJJLL 1.U -MJJjJJl 




DIGEST SHEET 


TITLE OF 


ORDIN AN E Speci al Ordinan c e JS.Q jL S..., 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Requesting approval of City Utilities expenditure of 
approximately $2,016.70 on construction of water line to serve properties in Woodland 

Acres Addition. The 25 a ffected property owners will pay the balance of $23,033.00 

or approximately $921.00 each. 


SEE ATTACHMENT 


Jiif 1' ilC a Of PASSAGE Water serviVe to property owners who petitioned for same . 
Twenty-five additional customers for City Utilities. 


EFFECT OF NON-PASSAGE 'b^U/ ^ 
SdSlB' (J / &, <£sr .sifras > 




MONEY INVOLVED (Direct Costs, Expenditures, Savings) Direct cost to city is 
$2,016.70. 


f 

L 

^ F0R« WAYHiE, IMB. "N 

nAN/fLifPirnyrpi \ j 

A SSIGNE D TO COMMITTEE ( JTN. ) 4 4*." ✓ /^b 

n \ l/ / )rj jj! 

— il F E B P G W7T .J 

V 

CHARLES 17. WESTERN! AM 

y , CITY CLERK ./ 




ORDINANCE CHECK-OFF SHEET 


INFORMATION REGARDING ORDINANCE ’ CONTENTS OF ORDINANCE 




